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APPENDIX D 


COST ESTIMATE OF PROPOSED &EC0R33 BUILDING 


Building: Basement and one story; exterior of 

reinforced concrete walls; reinforced concrete 
flat slab frame (with monolithic floor 
finish) ; concrete masonry unit partitions} 
exposed concrete ceilings (painted); asphalt 
tile floor In offices end darkroom; cement 
finish elsewhere*; fluorescent lighting 
l tiiroughout (secondary current); air conditioned 

with humidity control and forced air heat; 
security alarm system (no sprinklers)} 
hydraulic elevator. Provisions for additional 
story. Contract to include installation of ■ 
shelving furnished by Government. 


Gross Area: 


Basement 10,320 aq. ft. 

1st Floor . 10,970 " * 

Tbtal 21,290 sq. ft. 


Volume t 


Approximately 320,000 cu. ft. 


it 


TIMA ?E 


Cons true tion v200 , 000 
Air Conditioning and Heating 110,000 
Fluorescent lighting Fixtures 11,000 
Electrical Work (Secondary Current) 33*000 
Securi ty Alarm 3# 000 
Plumbing 0 * 000 
Elevator . 10,000 
Approaches 10,000 


©m estimated cousmcmu cost 333,000 


Contingencies 20,000 

w&m 


Deduct from above for brick face with 
8-inch masonry unit backing. 310,000 
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